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In aecordaace with the provisioes of clense 4 of the Jeneral 


Seetion XV, Part 2, Arsed Services Procurement Ragulation™. 


a accordance with Jeetion F above, Allowable Costs shall inaluce 
ao @agunt for overhead, indirect charges, and other clesests of coat, 
exeludged from or net covered by direst costs, and properly chergeatle 
an indirect costs in scecarisnce with “Costrect Cost Principles, Seetian 
xv, ee ee ee ee ee ee 


Ct ue ee ee ee and such 
applicetion. : 


Alloweble Cowts shall include any waueual or non-standard items of 
cost, Bot expressly excluded by other provision: of this coatract, az 
should, ia the ogdeton of the Contrectiag Officer, ve included in the cost 
of the work called for in this coutract. Any etrch items shall be specifi- 
cally cartified by the Coitracting Officer s# being ellowable under thir 
section. 


All costs which heve bees tncurred by the Comtrecter on ox after 
pobre for Gd Poca pag noiekcan ne Co age (iets erm dvaheonay 
coutrect, and which, if incurred after the signing of thin contract, 
would have been cotsiéered os itene of Allewabis Cast hereunder, wilt 
be eneepted by the Contracting Officer as custe under thie contreet. 


SEREION J = PERIOD OF PERRMAN? 


The perforwmux:e of work hereunder shail. be completed by 15 October 
1999. 
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GENERAL PROVISIONS 
DEFINITIONS (ASPR 7~103.1 AFFI 7~-403.1) 


As used throughout this contract, the following terms shall 
have the meanings set forth belows 


(2) The term "Secretary" means the Secretary, the Under 
Secretary, or any Assistant Secretary of the Department end the 
head or any assistant head of the executive agency; and the term 
"his duly authorized representative" means any person or persons 
or hoard (other than the Contracting Offieer) authorized to act 


' for the Secretary, 


(b) The term "Contracting Officer" means the person executing 
this contract on behalf of the Government, and any other officer 
or civilian employee who is a properly designated Ccutractiug 


this contract, the authorized representative of a Contracting 
Offiser acting within the limits of his authority. 


{ce} Except as otherwise provided in this contract, the term 
"subcontracts" includes purchase orders under this contract. 


(a) (AFPI 7-307.2) The term "contract work" means all work 
to Ze performed unde. tnis contract including any studies covering 
furdamental, theoretical, or experimental investigeticns; any 
extension of the inve:tigative findings and thecries of a 
euientific or technical nature into practical application; any 
tangiivle items, hereinafter referred to as "supplies," fumished 
to whe Government; and any reports, deta, computations, plans, 
drawings, and specifications with respect to any of the foregoing, 


CHANGES (AFPI 7~/,03,2) 


The Contracting Cfficer may at any time by a written ordor, make 
changes in or additions to the drawings end specificatiors, issue 
additional instructions, require additional work witnin the general scope 
of the contract, or change the place of delivery, method of shipment, 
or the amount of Government-Furnished prorerty., If any such changes 
ccutes an increase or decrease in the estimated cost of, or the time 
required for performance of this contract, or otherwise affects any 
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other provision of this contract, an equitable adjustment shall be 
rade (1) in the estimated cost or delivery schedule, or both, (ii) 

in the amount of any fixed fee to be paid to the Contractor, and 

(412) in such other rrovisions of the contract as may ba so affected, 
anc the contract shall be modified in writing accordinglys Any claim 
by the Contractor for adjustment under this clause must be assertdd 
within sixty (60) days from the date of receipt by the Contractor of 
the notification of change; Provided, however, That the Contracting 
Officer, if he decides that the facts justify such action, may receive 
and act upon any such claim asserted. at any time prior to final payment 
under this contract. Failure to agree to any adjustment shall te a 
dispute concerning a question of fact withiu the meaning of the clause 


' of this contract entitled "Disputes," However, nothing in this clause 


shall excuse the Contractor from proceeding with tne contract as 
canged, | 


LIMITATION OF COST (ASPR 7~203,3 AFPI 7-403,3) 


(a} It is estinated that the total cost to the Government, 
exclusive of any fixed fee, for the performance of this contract will 
not exesed the estimeted cost set forth in the Schecule, and the 
Contractor agrees to use its best efforts to perform the work specified 
in the Schedule and all obligations under this contract within such 
estinated cost, If at any time the Contractor has reason to believe 
that the costs which it expects to incur in the performance of this 


covsract in the nex”, sneceeding thirty (30) days, when added to all 

cute previously inourred, wili exceed [> _____Jof &BATINTL 
estimated cost then set forth in the Schedule, or if at any time, the 

Co tractor has reason: to believe that the total cost to the Governnent, 
exclusive of any fixed fee, for the performance of this contract will 

Le substantially ereater or less than the then estimated cost thereof, the 
Contractor shall notify the Contracting Officer in writing to that 

effect, giving its revised estimate of such total cost for the 

performance of this contract. 


(b) The Government shall not be obligated to reimburse the 
Contractor for costs incurred in excess of the estimated cost set 
forth in the Schedule and the Contractor shall not be obligated to 
continue performance under the contract or to incur costs in excess of 
the estimated cost set forth in the Scheiule, unless and until the 
Contracting Officer shall have notified the Contractor in writing that 
such estimated cost has been increased and shall have specified in such 
notice a revised estimated cost which shall thercupon constitute the 
estinated cost of performance of this contract. When and to the 


= Dm 
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4, ALLORABLE COST, FIXED VER, AND PATENT 


{a} Yor the performmes of this pomtract, the doverament shall pey to | 
the Comtractor the coset therect deterxined ty the Contracting Officer to be | 

wr kis tn honerdunne vith Past & of fookion 27 of ihe Arack Sexvioes 

Procurenest Regulation as in effect on the date of tide costrest and tie 

Sone@ale (hereivafter referred to as “Allowble Gost”), plus euch fimd fee, 

if any, a2 may be provided for in the Scholle. 


{>) case each mouth (or at sore frequent intervals, if approved ty the 
Contracting Officer) the Contractor may submit to a0 authorised reprensateti ve 


by at to eertify auch atatenents 
STATINTL 


tracting Officer on the basic of such audit not te coustitute Allowshle Cost, 
Sak tS ee We Ree tS Toe Fee 


{CPrY Agr. 18, *$8) - 3s 
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overpayment or to increase for uhdetpayments on prededing invoices 

or vouchers, On receipt of the voucher @r invoice designated by the 
Contzr.ctor as the "completion voucher" or "completion invoice” and 
state. ent of cost, which shall be submitted by the Contractor as 
pron, sly as may be practicable following completion of the work under 
thle contract but in no event later than one (1) year (or such longer 
period as the Contracting Officer may y in his discretion, aprrove in 
writing) from the date of such completion, end following compliance 
by the Contractor with 211 provisions of this contract (ineluding, 
without limitation, provisions relating to patents and the provisions 
of paragraphs (e) and (f) of this clause), the Government shall as 
promptly as may be practicable pay any balance of Allowable Costs 


(e) The Contractor and each assignee under an assignment 
entered into under this contract and in effoct at thé time of tinik 
paynent under this contract shall execute ana deliver at the tine of 
and as a condition precedent to final payment under this contract, a 
relerse discharging the Goverment, its officers, agents and enployses 
of anu from all liabilities, obligationg and claims arising out of or 
under this contract, subject only to the following exceptions: 


(1) Specified clains in stated amounts or in esti:uated 
anounts where the amounts are not susceptible of 
exact statement by the Contractor, 


(2) Claims, together with reasonable expenses inciden- 
tol thereto, based upon the liabilities of the 
Contractce to third parties arising out of the per- 
formance of the contract, which are not known to the 
Contractor on the date of the execution of the 
release, and of which the Contractor gives notice 
in writing to the Contracting Officer not more than 
six (6) years after the dete of the release or the 
date of any notice to the Contractor thet the 
Government is prepared to imke final payment, which- 
ever is earlier, 


(3) Clains for reinbursenent of costs (other than 
expenses of the Contractor by reason. of its inden 
nification of the Governnent against patent liabil- 
ity), including reasonable expenses incidental 
thereto, incurred by the Contractor under the 
provisions of the contract relating to patonts, 


(f) The Contractor agrees that any refunds, rebates or credits 
(including any interest thereon) accruing to or received by the 
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Contractor or any assignee which arise out of the performance of this 
contract and on account of which the Contractor has received reimburses 
vent shall be paid by the Contractor to the Government. The Contractor 
ard each assignee under an assignment entered into under this contract 
aul in effect at the time of final payment under this contract shall 
execute and deliver at the time of and as a condition precedent to 

“inel payment under this contract, an assignment to the Governnent of 
vefunds, rebates or credits (including any interest thereon) arising out 
c® the performance of this contract, in form and substance satisfactory 
_. the Contracting Officer, Reasonable expenses incurred by the 

. mtractor for the purpose of securing any such refunds, rebates or 
credits shall constitute Allowable Cost when approved by the Contracting 
Officer, 


(2) Any cost incurred by the Contractor under the terms of this 
contract which would constitute Allowable Cost under the provisions of 
this clause shall be included in determining tne amount peyable uncer 
this contract, notwithstanding any provisions conteined in the epecifi~ 
cations or other docimments incorporated in this contract by reference, 
designating services to be performed or materials to be furnished by 
the Contractor at its expense or without cost to the Governments 


(hn) Payment of the fixed fee shall be ade to the Contractor as 
provided in the Schedule subject, however, to the withholding provisions 
of paragraph (c) hereof. 


INSPECTION AND CORRECTION OF DEFECTS (AFPI 7-403.5) 


(a) All work under this contract shall te subject to inspection 
and test by the Government, to the extent practicable at all reasonable 
times and places including the period of performance, and in any event 
prior to final acceptance. The Contractor shall provide and maintain 
an inspection system acceptable to the Government covering the work 
hereunder, The Govermient, through any authorized representative, may 
inspect the plant or plants of the Contractor or of any of its subcon- 
tractors engaged in the perférmence of this contract, If any inspection 
or test is made by the Government on tke premise of the Contractor or a 
subcontractor, the Contractor shall provide and shall require subcon- 
tractors to provide all reasonable facilities and assistance for the 
safety and convenience of the Government inspectors in the performance 
of their duties, All inspections and tests by the Government shall be 
performed in such a manner as will not unduly delay the work, Final 
insvection and acceptance by the Govermment shall be mate as promptly as 
practicable after delivery. The time and plase of delivery, final 
inspection, and acceptance shall be as set forth in the Schecule, 


(b) The Contractor warrants that the services rendered in tite 
performance of this contract will conform to the requirements of this 
contract and to Ligh professional standards in the field and thet any 
article delivered to the Government under this contract will conform 
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to the requirenents of this contract and will not be defective in material 
or wer anship, 


(2) At any tine during performanee of this contract, but not later 
then six (6) sionths (or such other period as may be provided n the 
schedule) after final acceptance, the Government may require the Contractor 
to remedy by correction or replacenent as' directed by the Contracting 
Office:, any failure by the Contractor to comply with its obligations undor 
paragraph (b) hereof. Except as otherwise provided in paragraph (d) herc~ 
of, the cost of any such replacenent or correction shall be included in 
"Allowable Cost" deterzzined as provided in the clause of this contract 
entitled "Allowable Cost, Fixed Fee and Paynent," but no additional fee 
shall be pcyable with respect thereto, Oorrected articles shall not be 
tendered again for acceptance unless the foriier tender and the roquire- 
ment of correction is disclosed, If the Contractor fails to proceed with 
reasonable pro:ptness to perfor: such replacenent or cerrection, the 
Governnent (i) may by contract or otherwise perform such replaceriont or 
correction ara charge to the Contractor any increased cost occasioned 
the Government thereby, or may reduce any fixed fee payable under this 
contract (or require repeynent of any fixed fee theretofore paid) in such 
amount as may be equitable under the circumstances; or (ii) in the case 
of articles not Gelivered, may require the delivery of such articles antl 
shall have the right to reduce any fixed fee payable under this contract 
(or to require repayment of any fixed fee theretofore paid) in such 
amount as may be equitable under the circunstances; or (iti) nay terminate 
this contract for default as provided in the clause of this contract 
entitled "Tornination," Failure to agree on the ouount of any such 
inereased cost to be chargcd to the Contractor or to such reduction in, 
or repayment of, the fixed fee shall be a dispute concerning a question 
of fact within the ueanirng of the clause of this contract entitled 
Disputcst, 


(4) Notwithstanding the provisions of paragraph (c) hereof, the 
Goverment nay at any tine reqw&ire the contrector to renedy by ecrrection 
‘wor replacesiont, without cost to the Governnent, any failure by the 
Contractor to conuply with its obligutions under paragraph (b) hereof, 
if. such failure is due to fraud, lack of good faith, or willful nis~ 
conduct on the part of any of the contractor's directors or officers, or 
on the part of any of its managers, Suporintondents, or other equivalent. 
representatives, who has supervision or direction of (1) all or 
substantially all of the Contractor's business; or (ii) all or substen- 
tially 211 of the Contractor's operations at any one plant or separate 
location in which this contract is being performed; or (iii) a separate 
and complete major industrial operation in connection with tic perform. 
ance on this contract, Fraud, lack of good faith, or willful misconduct 
on the purt of any of such superviséry personnel shall be deered to 
include the selection of individual employees or the retention of exivloyees 
ifter any of such supervisory personnel has reson to believe that such 
sployees are habitually careless or otherwise unqualified, 
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(e) Corrected. articles tendered as replacements shall be subject to 
the provisions of this ¢lause ia the same renner and to the sane extent as 
supplive originally delivered uodéer this scatract. 


{tc} ee Contractor shall make ite records of a1] inepection vork evatiadle 
to the Goverament during the performmace of thie contract am! for such longer 
perio@es ot way be specified in this contract. 


(a) *weept as provided in this clawe end ag my be provided fa the Scho- 
aule, the Comtreetor shall have no obligation or liability to correct or raplace 
supplies or lote of supplies which st the tine of delivery are defettive in 
saterials or vorkeanship or otherwise not in coufomsity with the requircnents 
of this contract. 


net ee ee ee 
hereunder, ahall be tramferred or assigned by the Costractor te aay other persaa. 


T. RECONDS (ASPR 7o203.7 AFFE 7-493.7) 

{a}(i) ‘the Coutraetor eerees to maintain books, recerds, Goeusesta and 
i evidence pertaining to the costa end expenses of this contract herein 
after collectively called the * ") to the extent and in sush Geotail as 


equipment, supplies aad derviees, ai other costs 


CHPF or. 28, 543 7 


Approved For Release 2002/06/13 : CIA-RDP81B00878R000300010003-0 


es a 7 
Approved FoF Release 2002/06/13 : CIA-RDP81B00878R000300010003-0 


and expenses of whatever nature for which reimbursencnt is claimed under 
the provisions of this contract, The Contraetor!s accounting procedures 
and prectices shall be subject to the approval of the Contracting Officer; 
ncovided, however, that no mterial change will be required to be nade 

in ti. Contractor's accounting procedures and practices if they conforn 
to grivally accepted accounting practices. and if tne costs properly 
applicable to this contract are readily ascertainable therefrom. 


(2) The Contractor agrees to nake available at the office of the 
Contractor at all reasonable times during the period set forth in sub— 
paragraph (4) below any of the records for inspection, audit or repro- 
duction by an authorized representative of the Contracting Officer, 


(3) In the event the Contracting Officer or any of his duly authorized 
representatives determines that his audit of the amounts reinbursed under 
this contract as transportation charges will be made at a place other 
than the office of the Contractor, the Contractor agrees to deliver, with 
the reii:bursenent voucher covering such charges or as may be otherwise 
Bpeciiied within two years after reiiabursenent of charges covered by any 
such -oucher, to such representative as muy be designated for that 
purpose through the Contracting Officer such documentary evidence in 
support of transportation costs as nay be required by the Contractirg 
Officer or any of his duly authorized represent.tives, 
(4) Except for dcemontary evidence delivered to the Governnent 
pursuant to subparagraph (3) above, the Contractor shall preserve and 
nake available its records for a period of six years (unless a longor 
period of tine is provided by applicable statute) from the date of the 
voucher or invoice submicuted by the Contractor after the completion of 
the werk under the contract and design ted by the Contractor as the 
"“soupetion voucher" or "completion invoice" or, in the event this con— 
tract has been completely terminated, from the date of the tormination 
sottienent agreenent; provided, however, the records which rolate to 
(A) cppeals under the clause of this contract ontitlod Misputes", 
(B) litigation or the settlonent of elains arising out of the performance 
of this contract, or (UC) costs or expenses of the contract as to 
which exception has becn taken by the Contracting Offiver or any of his 
duly authorized representatives, shall be retained by the Contractor 
until such cppeals, litigation, clains, or exceptions have been disposcd 
of, but in no event for less than the six-year poriod mentioned above, 


(5) Fxceept for documentary evidence delivered pursuant to sub- 
paragivh (3) above, and the records described in the proviso of sub- 
paragraph (4) above, the Contractor imy in fulfillment of its 
obligution to retain its records ag required by this clause substitute 
photogrevhs, microphotographs or other authentic reproductions of such 
recore::, after the expiration of two yours following the last duy of 
the micath of reiubursenent to the Contruetor of the invoice or voucher 
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to which such records relate, unless a shorter period is authorized by 
the Contracting Officer with the congurrence of the Comptroller of the 
Convracting Government Agency or his authorized representatives, 


{8} The provisions of this paragraph (a), including this sub 
pe:agraph (6), shall be appliceble to and included in each subcontract 
hereunder which is on a cost, cost~pls-asfixed-fee, time-and-material 
or .abor-hour basis, 


(b) The Contractor further agrees to include in each of his sub— 
eoitracts hereunder, other than those set forth in subparagraph (a) 
(6) above, a provision to the effect that the subcontractor agrees that 
the Contracting Officer or any of his, duly authorized representatives, 
shell, until the expiration of three years after finel payment under 
the subcontract, have access to and the right to examine any directly 
pertinent books, documents, papers, and records of such subcontractor 
involving transactions related to the subcontract, The tern "sub- 
contract," as used in this paragraph (b) only excludes (i) purchess 
orders not exceeding {1,000 and (ii) subcontracts or purchase orccrs 
for public utility services at rates established for uniform applic- 
ability to the general public, 


SUBCONTRACTS (ASPR 7-203,.8 AFPI 7-403.8) 


{a) The Contre:*cr shall give advance n:tification to the Con- 
tracting Officer of su. proposed subcontract hereunder which (i) is 
on a cost or cost—plus-a-fixed-fee basig, or (ii) is on a fixed-price 
kasis exceeding i:. dollar amount either [25,000 or five percent (5%) 
of the total estimate cost of this contract. 


(b) The Contractor shall not, without the prior written consent 
of the Contracting Officer, place any subcontract which (i) is ona 
cont or cost-plus-a-fixed-fee basis, or (ii) is on a fixed-price basis 
exceeding in dollar amount either $25,000 or five percent (5%) of the 
total estimated cost of this ccntract, or (411) provides for the 
fakrication, purchase, rental, installation or other acquisition, of 
any item of indvatrial facilities, or of special tooling having a value 
in excess of 1,000, or (iv) is on a time-and-material or labor-hour 
basis, or (v) involves research and development work, The Contracting 
Officer may, in his discretion, ratify in writing any such subcontract; 
such action shall constitute the consent of the Contracting Officer as 
required by this paragraph (b). 


(c) The Contractor agrees that no subcontract placed under this 


contract shall provide for paynent on a cost-plus-a-percentaze~of-cost 
basis. 


a: 
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(ad) The Contracting Officer may, in hig discretion, specifically 
approve in writing any of the provisicns of a subcontract, However, 
such approval or the consent of tho Contracting Officer obtained as 
required by this clause shall not be construed tc constitute a detcr- 
mination of the allowability of any cost under this contract, unless 
such approval specifically provides that it constitutes a determination 
of the allowubility of such cost. 


(3) The Contractor shall give the Contracting Officer iimediate 
notice in writing of any action or suit filed, and prompt notice of 
any c'tin made against the Contractor by any subcontractor or vendor 
whicn, in the opinion of the Contractor, may resvlt in litigation, 
related in any way to this contract with respect to which the Con- 
tractor imay be entitled to reinbursencnt from the Govermient. 


(f) (AFPI 7203.8) The Contracting Officer may appreve all 
or part of the Contractor's purchasing system and from time to tine 
rescind or roinstate such approval, Such approval shall be deencd 
to fulfil thu requirements for obtaining the Contracting Officer's 
consent to subcontracts as prescribed in paragraph (b) above. 


UTILIZATION OF SMALL BUSINESS CONCERNS (ASPR 7~104,14 AFPI 7-403,.9) 


(a} It is the policy of the Governnent as declared by the 
Gongress to bring about the greatest utilization of siiall business 
econecons which 1s consistent with efficient production, 


(b) The Contractor agrees to accomplish the maximm amount of 
subcontracting to sizall business concerns that the Contractor finds 
to be consistent with tho efficient performance of this contract, 


,TERMIFATION (ASPR 8-702 AFPI 7-403,10) 


(a) The performance of work under the contract nay be torrminated 
by the Governnent in accordance with this clause in whole, or from tine 
to tine in part, (1) whonever the Contractor shall default in porfornance 
of this contract in accordance with its terms (including in tho tern 
"default" any such failure by the Contractor to make progross in tho 
prosecution of the work hereunder as endangers such perfurtmnce), and 
shall feil to cure such default within a period of ten days (or such 
longer periods as the Contracting Officer may allow) atter reecipt frou 
the Contracting Officer of a notice specifying the dofault, or (2) when 
ever for any reason the Contracting Officer shall deterine that such 
tertiuination is in the best intercst of the Goverment, Any such 
termination shall be effected by delivery to the Contractor cf a 
Notice of Teritinaticn specifying whethor tcrmination is for the default 
of the Contractor or for the convenience of the Governncnt, the extent 
to which performance of work under the contract is terminated, and tho 
date upon which such termination becomes effective. If after notice of 
torminuticn of this contract for defawlt under (1) above, it is 
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determined that the Contractor's failure to perform or to make progress 
in performance is due to causes beyond the control and withcut the 

fault or negligence of the Contractor pursuant to the provisions of the 
clause of this contract relating to excusable delays, the Notice of 
Termination shall be deemed to haye been issued under (2) ebove, and the 
rights and obligations of the parties hereto shall in such event be 
govern:d accordingly. . 


(b) After receipt of a Notice of Termination and except as other- 
wise directed by the Contracting Officer, the Contractor shall (1) stop 
work under the contract on the date and to the extent specified in the 
Notice of, Termination: (2) piace no further orders or. subsontzacts for 
miterizis, services, or fadilities“except as may be necessary for com--: > 
pietion of such portion of the work under the contract as is not 
terminated; (3) terrinete all orders and subcontracts to the extent that 
they relate to the performance of work terminated by the Notice of 
Termination; (4) assign to the Government, in the manner and to the 
extent directed by the Contracting Officer, all of the rignt, title, 
end interest of the Contractor under the orders or subcontracts so 
tecminated, in which case the Government shall have the right, in its 
discretion, to settle or pay any or all claims arising out of the 
termination of such oréers and subcontracts; (5) with the approval or 
ratification of the Contracting Officer, to the extent he may require, 
which approval or ratification shall be final and conclusive for e11 
purposes of this cause, settle ali outstanding liabilities and all 
claims arising out of such termination of orders andj subcontracts the 
cost of which would be reimbursable, in whole or in part, in accord~ 
ance with the provisions of this contract; (6) transfer title (to the 
extent that title has not alreacy been transferred) and, in the manner, 
to the extent, and at the times directed by the Contracting Officer, 
Geliver to the Governaent (i) the fabricated or unfatricated perts, work 
in process, completed work, supplies, and other material produced as a 
_part of, or acquired.in respect of the performance of, the work terminated 
by the Notice of Termination, (11) the écmploted” or paftdally completed 
plans, drawings, information, and other property which, if the contract 
kad been completed, would be required to be furnished to the Governnent, 
and (iii) the jigs, dies, and fixtures, and cther speciel -teols and-teolir. 
acquired or manufactured for the performance of this contract for the 
cost of which the Contractor has been or will be reimbursed under 
this contract; (7) use its best efforts to sell in the manner, at the 
tines, to the extent, and at the price or prices directed or authorized 
by the Contracting Officer, any property of the types referred to in 
provision (6) of this paragraph, provided, however, that the Contractor 
(4) shall not be reguired to extend credit to any purchaser, and (ii) 
may acquire any such property under the conditions prescribed by and 
at a price or prices approved by the Contracting Officer; and provided 
further that the proceeds of any such transfer or disposition shail be 
epplied in reduction of any payments to be made by the Government to the 
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price or cost of the work covered by this contract or paid in such other 
manner as the Contracting Officer may direct; (8) complete performance 
of such part of the work as shall not have been terminated by the Notice 
of Termination; and (9) teke such action as may be necessary, or as the 
Contracting Officer may direct, for the protection and preservation of 
the property related to this contract which is in the possession of the 
Contractor and in which the Government has or may acquire an interest. 
The Contractor shall proceed immediately with the performance of the 
above obligations notwithstanding any deley in determining or adjusting 
the amount of the fixed-fee, or any item or reimbursable cost under this 
clause. At any time after expiration of the plant clearance period, as 
defined in Section VIII, Armed Services Procurement Regulation, as it 
may be amended from time to time, the Contractor may submit to the 
Contracting Officer a list, certified as to quantity and quality, of any 
or all items of termination inventory not previously disposed of, 
exclusive of items the disposition of which has been directed or author- 
ized by the Contracting Officer, and may request the Government to remove 
gich items or enter into a storage agreement covering them. Not later than 
fifteen (15) days thereafter, the Government will accept title to such 
items and remove them or enter into a storage agreement covering the 
same, provided that the list submitted shall he subJect to verification 
by the Contracting Officer upon removal of the items, or if the items 
are stored, within forty-five (45) days from the date of submission of 
the list, and any necessary adjustment to correct the list as submitted 
shall be made prior to final settlement. 


(c) After receipt of a Notice of Termination, the Contractor shall 
submit to the Contracting Officer its termination claim in the form and 
with the certification prescribed by the Contracting Officer. Such 
claim shall be submitted promptly hut in no event later than two years 
from the effective date of termination, unless one or more extensions in 
writing are granted by the Contracting Officer upon request of the 
Contractor made in writing within such two-year period or authorized 
extension thereof. However, if the Contracting Officer determines that 
the facts justify such action, he may receive and act upon any such 
termination claim at any time after such two-year period or any extension 
thereof. Upon failure of the Contractor to submit its termination claim 
within the time allowed, the Contracting Officer may determine, on the 
pasis of information available to him, the amount, if any, due to the 
Contractor by reason of the termination and shall thereupon pay to the 
Contractor the amount so determined. 


(a) Subject to the provisions of paragraph (c), the Contractor 
and the Contracting Officer may agree upon the whole or any part of the 
amount or amounts to be paid (including an allowance for the fixed-fee) 
to the Contractor by reason of the total or partial termination of work 
pursuant to this clause. The contract shall be amended accordingly, 

and the Contractor shall te paid the agreed amount. 
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(e) In the event of the failure of the Contractor and the 

contvacting Officer to agree in whole or in part, as provided in 

eraph (a) above, as to the amounts with respect to costs and 
ficcec-fee, or as to the amount of the fixed-fee, to be paid to the — 
C- “vaetor in connection with the termination of work pursuant to this 
<. .ase, the Contracting Officer shall determine, on the basis of 
ii tormation available to him, the amount, if any, due to the 
Ccntractor by reason of the termination and shall pay to the 
Contractor the amount determined as fpllows: 


(1) If the settlement includes cost and fixed-fee 


(4) There shall be included therein 211 ccsts and 
expenses reimbursable in accordance with this contract, not previously 
neid to the Contractcr for the performance of this contract pric: to the 
ei ective Cate of the Notice of Termination, an? such of these costs as 
may continue for a reasonatie time thereafter with the approvsi of or 
as directed by the Contracting Officer, provided, hcwever, thet “re 
Contractor shall proceed as rapidly as practicable to discontinuw: 
such costse 


(44) There shall be included therein so far as 10t 
included under (i) ebove, the cost of settling and paying cle.ms e-ising 
out of the termination of work under subcontracts or orders, as provided 
in paragraph (b)(5) above, which are properly chargea ble to the terminated 
portion of the contzecte 


(iii) There shall be included therein the reasonable costs 
of settlement, inciuding accounting, legal, clerical, and ocher expenses 
reé.conably necessary for the preparaticn of settlement claims and 
svororting data with respect to the terminated portion of the conivact 
ari for the termination and settlement of subcontracts thereunder, 
tozetner with reasonable storage, transportation, and other cost. incurred 
in connection with the protection or disposition of termination inventory; 
previded, however, that if the termination is for default of the 
Ceoutractor there shall not be included any amounts for the preparation 
oz the Contractor's settlement proposal. 


(iv) There shall be included therein a portion of the 
fixed-fee payable under the contract determined as follows: 


(A) In the event of the termination of this 
contract for the convenience cf the Government and not for the defeult 
of the Contractor, there shall be paid a percentage of the fee equ’ve” ant 
to tue percentage of the completion of work contemplated by the coi .iact, 
less fixed-fee payments previously made hereunder, 
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(B) In the event of the termination of this 
contract for the defavlt of the Contractor, the total fixed-fee payable 
shall be such proportionate part of the fee (or, if this contract 
w".' avy articles of different types, of such part of the fee ac is 
re..scnably allocable to the type of articles under consideration) as the 
total number of articles delivered to and accepted by the Governnent 
bears to the total number of articles of a like kind called for by this 
eo..tract,. 


If the amount determined under this ;arag:2ph is 
less than the total payment of fixed-fee theretofore made to the 
Contractor, the Contractor shall repay to the Government the excess 
amount. 


(2) If the settlement includes only the fixed-fee, the 
amount thereof will be determined in accordance with subparegraph (e) 
(1)(iv) aktove, 


(f) The Contractor shill have the right of appeal, under th: 
clause of this contract entitled "Disputes," from any determinativsa 
masie by the Contracting Officer under paragraphs (c) or (e) abov-, except 
that if the Contractor has failed to submit its claim within the time 
provided in paragraph (c) above and has failed to request extension of 
sun time, he shall nuve no such right of appeal, In any case where 
the Contracting Officer has made a determination of the amount due 
under paragraph (c) or (e) above, the Government sha21 pay to ihe 
Contractor the follow’ng: (i) if there is no right of appeal hereuzder 
or if no timely appeal has been taken, the amount so determined by the 
Contracting Officer, or (ii) if an appeal has been taken, the emount 
finelly determined on such eppeal, 


(g) In arriving at the amount due the Contractor under this 
Cluure vhere shall te deducted (1) all unlicuilsicd advance or other 
unliquidated payments tneretofore nade to the Contractor, (2) any 
claim which the Government may have against the Contractor in 
connection with this contract, and (3) the agreed price for, or the 
proceeds of sale of, any materials, supplies, or other things cucjuired 
by the Contracter or sold pursuant to the provisions of this c’_ause 
and not otherwise recovered by or credited to the Governments. 


(h) In the event of a partial termination, the portion of the 
fixed-fee which is payable with respect to the work under the continued 
portion of the contract snall be equitably adjusted by agreement between 
the Contractor and the Contracting Officer, and such adjustment shall be 
evidenced by an amendment to this contract, 


(1) The Government may from tine to time, under such terms and 
conditio:.s as it may prescribe, make partial payments and payments 
on account against costs incurred by the Contractor in connection with 
the terminated portion of the contract whenever in the opinion cf the 
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Contracting Officer the aggregate of such payments shall be within the 
anount to which the Contractor will be entitled hereunder, If the total 
of such puynents is in oxcess of the anount finally determined to be duc 
under this clause, such excess shell be payable by the Contractcr to the 
Govermient upon demand, together with interest computed at the rate of 

6% por annu, for the period from the date such excess paynont is rcecived 
by i. & atractor to the date on which such excess is repaid to the Govern= 
Lents; provided, hewever, that no interest shall be charged with respect to 
any such excess paynent attributable to a reduction in the Contractor's 
elain hy reason of retention or other disposition of teriination inventory 
until ten days after the date of such retention or disposition. 


(3) The provisions of this clauso relating to the fixed-foo shall 
be inapplicable if this contract docs not provide for paynent of a fixed- 
fee, 


(k) Unless otherwise provided for in this contract, or by applicable 
statute, the Contractor from the effective date cf termination and for 
a& period of six ycars aftcr finol settlenent under this contract, shall 
preserve and make available to the Government at all reasonable times at 
the office of the Contractor, but without dircet charge to the Govern~ 
ment, all its books, recerds, cccurients, and other evidence bearing on 
the ecst and expenses of the Contractor under this contract and relating 
to the work termin:ted hereunder, or, to the extent approved by the 
Contracting Officer, photographs, microphctographs, or other authentic 
reproci:tions thereof, 


EXCUS..BLE DELAYS (ASPR 7-203,11 aFPI 7-303,10) 


(a) The Contractor shall not be in default by reason of any failtre 
in performance of this contract in accordance with its terns (including 
any failure by the Contractor to make progress in the prosccution of the 
work hereunder which endangers such porformance) if such failure ariscs out 
of causes beyond the ecntrol and without the fault or negligence of the 
Contractor, Such causes include, but are not restrictcd to: acts of God 
or of the public cneny; acts of the Goverment; fircs; floods, opidciics; 
quarcntine restrictions; strikes; freight ombargoes, unusually severe 
weathor; and failure of subcontractors to perform or make progress duc to 
such causes, unless the Contracting Officer shall havo determined that the 
supplics or services to be furnished under the subcontract wore obtainable 
from othr sources and shall have ordered the Contractor in writing to 
procure such services or supplics frou such other sources, and the Contractor 
shall have failed reasonatly to comply with such order, Upon request of the 
Contractor, the Contracting Officer shall ascertain the facts and cxtent 
of such failure and, if he shall determine that such failure was occasioned 
by any one or nere of the said causes, tho delivery schedule shall be 
revised accordingly, subject to the rights of the Goverment under the 
eluuse hereof entitled "Terinstion", 
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: (db) If the Contractor beeaies unable to complete the contract work 
and rake delivery at the tine specificd in the Schedule because of technical 
difficulties, notwithstanding the cxercise of good faith and diligent 
efforts in the performance of the work called for hereuncer, it nay give 
ve “+ lating Officer written notice of the anticipated defunlt with 
reasens therefor, Such notice and reasons shall be delivered not loss 
than forty-five (45) days before the completion date specified in the 
Scheduls or within such tine as the Contracting Officer dcons sufficient, 
If suc’ notico is duly given, then to the extent the intorest of the 
Goverr: ont makes an extonsion desirable the Contracting Officer may, in 
his discretion, extend the period of tine specified in the Schedule for 
such poriod as he deems advisablo, and this contract shall then bo modificd 
in writing accordingly. 


4/2, DISPUTES (ASPR '7~103,12  AFPT 7-403 12) 


(a) Except as otherwise provided in this contract, any dispute 

concerning a question of fact arising under this contract which is not 

‘ew ‘ispos.l of by agreonent shall be decided by the Contracting Officor, who 
shall soduce nis decision to writing and mail or otherwiso furrish a 
copy therecf to the Contractor, The decision of the Contracting Officer 
shall be final and conclusive unless, within 30 days from the date of 
reccipt cf such copy, the Contractor neils or otherwise furnishss to the 
Contracting Officer a writton “uppesl adércssed to the Secretary, Theo 
decisicn of the Secretary or his duly authorized representative for the 
detcrninition of such appcals shall be final and conclusive unless 
deter:iined by « court of competent jurisdiction to have been fraudulent, 
or capricious, or arbitrury, or so grossly errcenoous as necesarily to 
imply bed faith, or not supported by subst.ntiol evidence, In connection 
with any appeal proceeding under this clause, the Contracter shall be 
afforded an cpportymity to be ha.rd and to offer evidonee in suppert of 
its appoal, Pending final decision of a aispute hereunder, the Contractor 
shall proceed diligently with the perforxinee of the contract and in 
Kecordancs with the Contracting Officer's decision, 

w (b) This "Disputes" eleuse does net preclude consideration of law 

questions in connection with decisions provided for in paragraph (a) 

above: Provided, That nothing in this contract shall be construed as 

making final the decision of any adninistrative official, represontative, or 

board on a quostion of law, 


73, NOTICE AND ASSISTANCE REGARDING PaTENT INFRINGEMENT (ASPR 9-104 AFPT 7-404 413) 


The provisions of this clause shall be applicable only if the anount 
of this cowtract is in oxcoss of 65 000, 


(a) Tho Contractor shall report to the Contracting Officer, promptly 
and in reasonable written Geotail, cach notice or clain of putont infringe~ 


tent b:sed on the porforrianee of this contract of which the Contractor 
ias knowledge, 


eine 
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{e} In the event of litigation egeiast the doeverument a account of 
any Claim of patent infringement arising wit of tha performance a” tris 
euvtract ox out of the use of any supplies furuishned ar work or services 
performed heruunder, the Costrecter shall tarnish to the dovarumeit, upoo 
requent, all evidence aad information in possession of the Comtractor per- 
talnins ta euch Litigation. doch evidenee aad information shall be fur~ 
atwhed at the expense of the Government except ta those casos is which the 
Soateretor Bas agreed te iadennify the Goverment against the ciaiz being 
peeerted. 


iit. TARY MASHECAN ADE 


the Seataeetar agrees that there will be delivered unter this costract 

only ruch vamaufeetuced articles, aaterials end supplies (wileh tera 
“articles, materinis and supglias® is hereinafter referred to ie this clause 
aa “mopplies”) as have been mined or produced in the United States, anf only 
ouch muaafectured sugpgiies aa have teen semufactured in the United States 
substettially ell frum supplies wined, prodaced, or meormfantured, as the 
case ney be, in the sited States. Pursuast to the Buy American Act (41 0.5. 

Lode lGaed}, the foregoing provision shall set apply (1) with respect to 
supplies excepted by the Sewretary from ths epplicstion of that Act, (11) 
with respect to supplies for use cuteide the United States, or, (444) with 
respect to the supplies te be duiivered ender this comtract which are of 6 
Lease or tied determined by the Seereteary or bis daly authoriaed representa- 
Live net to be mined, prodated, or samufectured, as the cese my ce, tu the 
United Stetes in aufficiest and reasonably aveailedbie cumercial queatities 
and of a satisfactory quality, or (iv) with respect to such supplics , fron 
which the supplies to be delivered under this comtract are mace ire, @5 
ace ar sc ainas GP Mies datacccaed by Gas Gontebes a6 iis Gsiy Martnerinst 
“epeacextative pot to be maimed, or produced, or mesufactured, as the case ony 
ue, Lo the Uaited States io suffielent and reasonably availeble comercial 
quantities aad of = aatiefactery quality: provided, That this exception 
fiy} shall not pexwit delivery of supplies menafecture’d actteide tae United 
Setes if such sugplies are memufectured fa the United States in sufficient 
and seagonebly avediehie eomeertiel quantities an& of o aatisfantory quality. 
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fs", CENVICT LABOR (ASPR 12-203 AFPI 7-403,15) 


In connection with the perfornanee of work under this contract, 
the C-ntractor agrees not to employ any person undergoing sentence of 
Anpriccmiont at hard labor, i 


(G, EIGHT-HOUR LAW OF 1912 (ASPR 12-303,1 AFPI 7-403 416) 


‘ wis contract, to the extent that if is of a character specificd in 
the Eight-Hour Law of 1912 as amended (49 U.S. Code 324-326) and is not 
covered by the Walsh-Hcaley Public Contracts Act (41 U.S. Code 35-45), is 
subject to the following provisions and execptions of said Eight-Hour 
Law of 1912, as amended, and to all other provisions and oxceptions of 
said Laws 


No luborer or mechanic doing any part of the work contcmpleted by 
this contract, in the ciploy of the Contractor cr any subcontractor 
contracting for any part of the said work contemplated, shall be required 

‘wr oor portitted to work more than eight hours in any ono calendar day upon 
such work, oxcept upon the condition that cormponsation is paid tc such 
laborer or mechunic in accordance with the provisions of this clausc, 

The wages of every laborer and mechanic employed by the Contractor or 
any subcontractor engaged in the performance of this contract shall be 
eonputcd cn 2 busic day rate of eight hours per day; and work in excess 
of cight hours por day is porriitted only upen the ecndition that evory 
such laborer and mechanic shall be compensated for all hours worked in 
excess of cight hours per day at not less than one and cne-half tincs the 
basic rate of pay. For cach wiolation of the requirenents of this clause 
& ponalty of five dollars shall be imposed for eich laborer or mechanic for 
every calendar day in which such omployce is required or permitted to 
labor nore than cight hcurs upon seid work without rccoiving compensation 
computed in accordance with this clause, and all penaltics thus imposod 
shall be withhold for the use and benefit of the Government, 


47. 
Vow NONDISCRTINATION IN FaPLOYiJENT (aSPR 12-802 AFPI 7-403.17) 


(a) In connection with the performance of work under this contract, 
the Contractor egrecs not to discrininste against any e:pleyee or applicant 
for euploynent because of race, roligion, color, or national origin, The 
aforesaid provision shall include, but not be limited te, the following: 
euploynent, upgrading, denotion/or transfer; reeruitment or reeruitnent 
advertising; layoff or terminaticn; rates of pay or other forns of 
corponsation; and sclection for training, including apprenticoship, The 
Contractor agrees to post heroaftcr in conspicuous places, available for 
employces and applicants for omployment, notices to be provided by the 
Contructing Officer setting forth the provisions of the nondiserinination 
clauses 


(b) The Contractor further igreos to insert the foregoing provision 
in all subcontructs hereunder, except subcontracts for standard commercial 
supplics or raw materials, 
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iG. GEFICIALS BO? To 


SENEVET (ASPR-7-103.19 AFPI 7~403.18) 


ty manber oi or daleqete to Coagress, or resident commesioner, shall ; 
la a@mitted to amy ahare ar part of this contract, ar to any benefit thst 
any aries thereirany but this prevision shall act be construed te extand 
to thit comtract 2f made with a corporation for ita generni benefit. 


V3. COVEIAST aGAING? CONTIRISS? FEES (a2p2 J+103.20 AFPI 7+403.19) 


tha Contractor varrenta thet no pereon or selling agency hes besa 
ompleyed ov tetained to aalfeit or seeure this contract upon an agreement 
or undexrstesding for a comission, percestage, broserege, or coutingent 
toe, qunepting bona fide explayees or bose fide established ccomerciel or 
selling ageaviens painteined by the Contractor fer the porpose of secaring 
wasiness. For breath or violation of this warveaety the Sovernment shall 
nave the right to amma] this osutract without liebliity or in ite disere- 
tios to deduet firuws the cochract price or consideration, or othorvwiae 
seover, the full amount of such examiesion, percestage, brokerage ar con 
tingent. Poe, 


hy COPE REAR: 


fa} As used io thie clause, the following term: shall heve the asanings 
aet foxvtn below: 


fi} She term “Bub Inveation” means aay invention, iamroveasat 
ux diacovery (vhother or act patentable) caueeived or first 
netumiiy reduced to prectics either (A) in the performance 
of the sxperiwentel develogunental or recearch wrk called 
for under thie comtract, or (5) Sa the performance of any 
ogpexaneatel, devalopmastel or research work relating tc the 
nubjest matter of this contract which wee ¢one upon ths 
nerterstending that a contract would be emried, 


{ii} ‘the term “feehnicnl Pereouncl” meane say person exployed by 
ar working under contract with the Cartractor (ether then a 
culbsatrestos whose responsibilities with reapect te richts 
aerruiag to the Jovernumest im inventions arising under cub- 
contracts are det forth fa paragraphs (fr), (g) ané (kn) of 
this cleuse), provided that aueh person, by reamon ef the 
natu of his duties ia sommectics with the performace cf 
Ghie coatract, would reesomably be exerted to make laven- 


tons os 


“—% 
fee 
fe 
fat 


3} The teras “subecatract™ aad “subcontractor” scons any mib- 
cuntznct or subcontractor of the eortrector. ax say lower~ 
jieow subecartract or subcostracter under this cortract. 
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i>} The Contractor sgreea te mad does harahy great to the Goverment 
an irrevooeble, nosemilusive, soatrensfereble and rogalty-free license t= 
practice, ond cause to be practiced for the Goveriment throughout the world, 
eech subject Invention in the nagutecture, Ses, See Shenae se Seo 
or 


cipapapCR ee ‘(4) to specify, at the time of sueh disclosure, whether or 
not said Subject. Invertion hes heen er will be claimed tn a United States 


application covering each Gubjert Investion so specified: (4144) t. the 
oubent of the Contractor's right to de eo, to deliver to 
te 


aosignamit, eggiication papers and rightful cathe as ere necessary to vert 
ig the Government. the sole and exclusive cupership of, anf the right ta 
apply for ead prosecute patent applications » each Subject Investion 


the reservation of a sco-eamnlusive ead royalty-free license thereudar to 


tanaicd sealk be eadigmee <5 the seuanauhd GP Ck 14 Va Conteass 
cusinesa to which it pertains: (iv), to furnish prowptly to the Castrectiac 
officer o8 sequent aa irrevocable power of attoruay to isspect and make 
copies of eaah Undted States patent agplicetion es filed by or on bene? 
ot the Contractor covering any Subject Invention; (+) in the event the 
teatrector elects act to comtiaue prosecution of any sach United States 
patent. applicetion filed by the Coatracter, to so notify the Contractiag 
Otfieer act Lewe than siwiy daye before the expiration of the reapasse 
period, ané upoa written request, to deliver to the Contracting Officer, 
to the extest of the Coatracter’s right te de sc, a Giy axecuted sscign- 
meat to the dovermmaat of the entire rights to such patent apgdicetion and 
any Sobject Invention claimed thereia subject to ea reservation an specified 


in (124) ROR FARRELL SeOtRH TSE Gm Rep SeabeerbhNEcADORNED RAY executed 


« Mie 
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instruments fully confirmatory of axy licenses rights herein agreed to be 
gremted to the Goverausat. If, to the best of the Coatracter*s knowl aige 
ond belie, nc invertions heve been econecived or first ectually reduced 

to practice wader thie comtract, the Contracter shall so certify to the 

Coatreetiug Offer. 


{a} ‘The Coatractor agrees to aad Goes hereby grant to the dovero- 
sunt» to the full extent of the Contracter*s right te do ac without pay 


mike tee KhAS Ge Ga Ss MMSE GaECUSS OE thE Saleck Seabee 
demand} a1. ox eny part of the reporte, arevings, pring hare Brose apes 
eee ae cs Ge ee ee the 
avermment under this contracts Piet, however, thet sothing contained 


te ropredaee anything alee called fer by this contract. 


‘e} @Gatil the Gantreetor bas delivered to the Goverament the dieclo- 
cues rogaired by paragraph (c)(%) of this elame anf the information a= 
mirector royiired by paragrest {g) < 


shell not be coastrued as requiring the » Conabenahes <0 staal ony smut 
tram a subcontractor te enforce Gougliance with the patent previsions of « 
anbeutract. 


(#} ‘The Contractor agrees to exert all reasonable affort to negotiate 

et a a oes ce 
ccuai Gc © he aces tae waelogaenteal or research work, of 
thle patent rights clause or one approved by the Contracting Officer. In 
the event of refusal by « subcowtractor to areayt such patent rights clause, 


potent rights in axeess of those herein sgreed to be granted to the fuvern- 
wat by the Contrattear. 
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{g} The Cowkrector mprass to sotify the Coutractiag Offieer in 
e Uleei lo ee 


Scascce hala ast Ga Gslledak 45 ckeuvok a cca of any subcote 
temeior hareundey relating to a patent rights disuse in any svbeortruct. 


(%) ‘Whes the Coxtrector show that 44 has been deluyed in the per 
formasse of thie eontract by reason of ita tumbility to obtain, under 
resectable terme thit include @ eultehLe patent rights cleuse, & quilifind 


ee ee ee ees 
any, on edlitionsl oxtemeion of the delivery dates, acd an increase in 


ibecniceatar ga aah Goin ahora se Soebbaeaer day cass Go 
the conhreting ofTicwr «written request for waiver or uot faatlon of the 


request sh apecifically 
used all ressonsble efforts to obtain euch 
shall eite the eniver or terntagtion 


Cut 6 Gack AR SEQUAE, WE ongriniaMh Gall, I Meek cs tae a” 
waive’ by the Govwrrumert. Pe tae eae a ee 
receive a written denial of such request by the Contracting Officer, this 
comtrect shall thereupon antowstically terminate and tha rights and chida- 
tions of the parties giall be governed by the provisions of the clawe of 
this cartract eatitled “Tersduatian” a 
hed been Geliveral to the Cantrector epeeifying thet the contract wa ter~ 
wiaeted fox the comvesience of the Goverusent. 


“ae Contractor egreea, ootvithstending any other provietes in thia 
perncisi tng cinghe nding 5 preqpmntngniny Ang Rionmndl ridimeagiist org 
nels oc Mis eae en eee au defined in the 


clause of thig costrest entitled “Patent Rights"), (41) to inforn the 
Gemtractiag Officer, at the time of making the dieclosure provided for 


we 2 oe 
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under the temo of paregraph (0)(1) of the clause of this contract 
entities "Patent Rights,” whether or act thers hac beeu a yubliestioa 
at such invention and $f ao, the date aad identity of such publication 
aud (111) to deliver to the Coutructing Officer sueh duly executed tx 
pdcchgharpein Ps giebdagi 


220 BeccnSery to 
pect 1 sash Sib jeat Invastion (A) the sale and exclusive cwmamiip in 
aay foreiga patent eppiientdon and eny putert thet may iecue therece, 
and (i) the right to apply for and prosecute such foreign patent eppli- 
ootloia. 


Gri PROPGRTY (ASPR 13-503 APPI 7~893.21) 


{a} The Govermeeet shall deliver to the Comtracter, for use tc 
commection with and under the terms of this contrast, the property 
dasoribed in the Schedule or specifiestions, together with such related 
ay eas Ga fe ie Gk ec ee es 
be required for thu intended use of such (nerveinafter 


furnished Property ctaikha fiw one 442) a Qakd poral Kus Oommsastae 
at the tines ateted im the tchedule or, if wot so stated, in sufficient 
time to emable the Contractor to meet euch delivery or perfornemse 
Sates .. in the eveat that Goverument-furnighed Property is not 
delivered to the Cantrector by suoh time or times, the 

Ofiieer ahall, upon tisely vrittes requst uade by the Contractor, 
were « detersination of the delay oeeasioned the Coutreactic end ahaii 


~@3~ (next page is - 25 ~ ) 
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equitably adjust the estimated cest, fixed foo, or dolivery or performance 
dates, or all of them, and any other contractual provisicns affected 

by such delay, in accordance with the procedures proviced for in the 
elaus. of this contract ontitled "Changes," In the event that Govern- 
nent-turnished Property is received by the Contractor in a condition 

not suitable fer the intonded use, tho Contractor shall, upon recoipt 
herecf? notify the Contracting Officer of such fact and, as dirccted 

by the Contracting Officor, cither (i) return such property at the 
Government's exponse or othcrwise dispose of the prop -rty or (ii) 

effect repairs or modificsticns, Upon complotion cf (i) or (ii) above, 
the Centracting Officer upon written request of the Contractor shall 
equitekly adjust the estimated cost, fixed fee, or delivery or performance 
dates, or ull of then, and any other contractual provision affected 

by the roturn or cisposition, cr the repair or modification, in accord- 
ance with the procedures previded for in the clause of this ecntract 
entitled "Changes," The foregoing provisions for adjustmcnt are exclusive 
and the Governnent shall not be liable to suit for breach of contract 

by reeson of any delay in delivery of Governneont—-furnished Proporty 

or delivery of such prop. rty in a condition not suitable for its 

intended use, 


(b) Title to ail preperty furnished by the Government shall rcnain 
in the Govermient, Title to ell prop.rty ourchased by the 6ontractor, 
for the cost of which tho Contractor is entitled tc be reimbursed as a 
dircet iten of cost undcr this contract, shall pass to and vost in the 
Geverrziont upen delivery of such property ty the vendor. Title to 
other prop-rty, the cost of which is rcinbursable to the Scntractor 
umier this contract, shail pass to and vost in the Govérnricnt upen (4) 
issuance for use of such property in tho perfornance of this contract, 
or (44) commoncenent of preeessing or use of such property in the 
performance of this contract, or (ii4) roimbursunment of the cost theroof 
by the Government, whichever first occurs, All Govermient-furnished 
Property, togother with all property acquired by the Contractor title 
to which vests in the Governnent under this paragraph, are subject 
to the provisicns of this clause ant are heroinafter collectively 
referre] to as "Govormnient Property." 


(c) Title to the Governnent Preperty shall not be affected by tho 
incorporation cr attachniont thereof to any property not owned by tho 
Govermacnt, nor shell such Govermicnt Property, or any part thercof, be 
or becore a fixture cor lose its identity as personalty by reason of 
affixation to any realty. The Gcntractor shall maintain adequate 
property control reeords of the Government Property and shall idontify 
the Gevermicnt Property 2s such in accordance with the rcquirenonts 
of the “uenual for Centre] of Governnent Property in Possession of 
Contracters" (Appundix B, Armod Services Procurcnent Regulation), as 
in cffoct on the date of the contract, which Manual is horeby incor~ 
peratod by reforence and nade a part of this contract. 


Seba 


(CPFF Apr, ABigrdeed For Release 2002/06/13 : CIA-RDP81B00878R000300010003-0 


Approved Foltelease 2002/06/13 : CIA-RDP81B0089%#000300010003-0 


(é) The Gevernnent Preperty previded or furnished jursucnt to 
the teras of this contract shill, unless otherwise srevided herein, 
be used cniy fer the perfsrmence of this cenir—ct, 


\¢) The Centracter shall maintain and administer, in accerdance 
with sound industrial practice, a progr. fer the maintenance, repair, 
pretaction and proservation of Sovermigant pee ey) so as te assure 
its Tall availability and usefuiness for the perfermance of this 
melagreg The Contracter shall take all reasAnable steps te comply 
with il1 appropriute directions or instructions which the Centracting 
Offiser rm.y prescribe as reasenoably necessary for the cretection of 
Gevermnent prepner Ly « 


(£) (1) The Gontracter shell not be liable fer any loss ¢f or 
Gomape te the Governnent preperty, er for expenses incidental te 

Ssuth Less or damage, except that the Cantracter shall be respons ihe 
for any such less or Conage (inoluding expenses incidental thereto 

(a) wd oh results from willful misconduct or lock cf goed faith on “the 
part ef any of the Contractor's directers or cff&eers, cr en the part 
ie any ef jis MonMagers , super-ntendents, or other equivalent represen— 
witives, who have supervision er direction of (i) all or substanti.lly 
eld of the Contractor's business, er (TZ) all or substanti-Lly ali 

ef the Contractor's operations at any one plant or separate Lecatien 

in whieh this contract is being performed, or (TIT) a separate and 

Canpl ate Major industricl eperation in cennection with the rerformance 
of this centract; or (L) which results frem a failure on the part of 

the Contrictor, due te the willful miscenduct er lock of goed faith 

On the port of any of iis directors, officers, or other representatives 
nentlone in subparigrack ( :) above, (I) to maintain and acninister, 

in Senerdoncs with scund industrial OI cee the progrei for iweintenance, 
Pe protection and pr eservatlon of Gevermient preperty as required 

by paragraph fe) hereef, or (II) to take all reasenable sters to cemply 
With ony apor oordute vilttan directiens ef the Contracting Cfficer 

undes paragraph [a) hereof; er (6) fer which the Contracter is 

eee 86 responsible under the express terns of the clause or 

S1958¢6S Jesignated in the Schedule; or (®) which results fren a risk 
Bxprece:y required to he insured under tis contrast, but only to 

the extent ef the irgurance so required to be procured and maintained, 
Grou. the extent ef insurence actually procured and naintaud ined , wien 
ever 1s grasters or (K} which results frem a risk which is in fact 
corered vy Insurance nr for which the Centract 4s otherwise reiibursed, 
out anly t¢ the extent of sush insurance er reiubursement; provided that, 
42 mere than ene of the aleve exceptions sh.1] be apelicable in any 

bape, the Contrctor's iiaiility under any one exception shill tet be 
Jiatted hy any ce exception, This clause shall net be construed 

48 relieving a subeentracter fra: Liehility fer less er destruction of 

is aa e te Goverment preperty in its possessicn er central, except 

nO the extent thot the avocentruct, with the prier 2s0re711 of the 
Sentraunt? Leg Offileer, we PLericeo pie the Telllef of the subvontracter 


ieee 
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frem such liability. In the absefics of such approval, the subcontract 
shall contain appropriate provisions requiring the return of all Govern- 
ment property in as good condition as when received, except for reasonable 
wear and tear or for the utilization of the property in accordance 

with the provisions of the prime contract. 


(14) The Contractor shall not be reimbursed for, and shall 
net include as an item of overhead, the cost of insurance, or any 
provision for a reserve, covering the risk of loss of or damage to 
the Government property, except to the extent that the Government may 
heave required the Contractor to carry such insusance under any other 
prevision of this contract. o 


(411) Upon the happening of loss or destruction of or 
damage to the Government Property, the Contractor shall notify the 
Co. tracting Officer therof, and shall communicate with the Loss and 
Salvage Organizetion, if any, now or hereafter designated by the 
Contracting Officer, and with the assistance of the Loss and Salvage 
Cvganization so designated (unless the Contracting Officer has designated 
that no such organization te employed), shall take all reasonable steps 
to protect the Government Property from further damage, separate ‘ne 
denaged and undamaged Government Property, put all the Government 
Property in the test vossible order, and furnish to the Contracting 
Officer a statement of (A) the lost, destroyed and damagec Govern= 
ment Property, (B) tre time and origin of the loss, destruction or 
CENALS, tc) all. known interests in commingled prope: vy of which the 
Goverrment Property is a part, and (D) the insurance, if any, covering 
any part of or interest in such cormingled property. The Contractor 
shall make repairs and renovations of the damaged Government Property 
or take such other action, as the Contracting Officer directse 


(iv) In the event the Contractor is indemnified, reimbursed, 
or otherwise compensated for any loss or destruction of or damage to 
the Government Property, it shall use the proceeds to repair, renovate 
or replace the Government Property involved, or shali credit such 
proceeds against the cost of the work covered by the contract, or shall 
otherwise reimburse the Government, as directed by the Contracting 
Officer, The Contractor shall do nothing to prejudice the Governnent's 
right to recover ugainst third parties for any such loss, destruction 
or damage ani, upon the request of the Contracting Officer, shall, at 
the Government's expense, furnish to the Government all reasonable 
agsistence and cooperation (including the prosecution of suit and the 
execrtion of instruments of assignment in favor of the Government) in 
cota:ning recovery. In addition, where the subcontractor has not been 
retieved from liability for any loss or destruction of or damage to 
Go.ernment property, the Contractor shall enforce the liability of the 
e.weontractor for such loss or destruction of or damage to the 
Coyermnent property for the benefit of the Governments 


= 2) « 
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For us2 where applicable: 


c ‘ i 7 S tshed~ 
contract, any loss or destruction of, or damago +t 
Govory ont property oceurrins j on with operations of said air- 


eraft will : y the clause of this contract captioned light 
oe 


(g) The Govermnent shall 2t all reagoneble tincs have access to the 
promises where any of the Goverment property is located, 


(h) The Governnent Property shall remain in the possossion of tho 
Contractor for such perio’ of tine as is poquirod for the porfornanco of 
this contract unless the Contracting Officer dotermines that the intcrests 
of the Govormiont require romoval of such property, In such case the 
Centractor shill promptly take such action as the Contracting Officer may 
cireect with respect to the ronova anc shipping of Governniont Proporty, 

In any such instance, the contrect ray be anendced to accouplish an oquitable 
ow adjustiient in the terns ani previsions thoroof., 


ee. Upon the completion of this contract, or at such carliocr dates as 

may be fixed by tho Contracting Officer, the Contractor shall sutrat to the 
Contracting Officer ina forn acceptable to hin, inventory schedules covering 
a11 items of the Goverment Property not consumed in the porfornance of 
this contract or not therctofore delivered to the Gevermicnt, and shall 
deliver or nako such other Cisposal of such Govornnent property as nay be 
directed or authorizod by tho Contracting Officor, Tho not proceeds of any 
such Cisposal shall be cre ited te the cost of the work covercd by the 
contract or shall be paid in such nanner as the Contructing Officer na 
aivcet, “The foregoing provisions shall “pply to serap from Governnent 
Proporty provided, however, that the Contracting Officer nay authorizo or 
direct the Contractor to omit frer such inventory schedules any scrap 
consisting of cutting an? processing waste, such us chips, cuttings, borings, 
turnings, short ends, circles, trimmings, clippings, ond ramants, and 

New t° Cispuse of such Scrap in accordance with the Contractor's normal practice 
anc account therefor as a pert of general overhead or other reimbursable 
cost in uccorlenee with the Contractor's established accounting procecuros, 


(j) Unless otherwise provided heroin, the Goverment shall not be under 
any duty or obligation to rostoro or rehabilitate, or to pay tho cost of the 
restoration or rchebilitetion of the Contractor's plant or any portion thereof 
vhich is affected by the rcnoval of any Governnient Proporty. 


(k) Direetions of the Contracting Officer and cormunications of the 
‘ontractor issucd pursuant to this clause shall be in writing, 


An art Omen @) 


ere 2 oc ciruse; the tontr= 
fficor my, subject to Denartnental procetures, authorize or appr: So 

f the Contractor's established serap disposal and accounting procedures 
henever the cnount and Tecoverable value of sereap-fron the Governncnt 
roperty aro relatively iinor anc the-Gertractor's established procedures far 
-ccurmulating and cdisposing-ef g¢rap and crediting the proceeds thereof to 


seneral ovorheag other general cost will permit the Goverment to pan" 
oquiita 1-0 gush ger RBrResIeneer2d0aI08/%9. GlddRBPB1B09878REN0300010005- 
‘ ged : acts 


ipr. 18, 158) - 28 - 
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ary 


IPSULALOR-LLABILITY TO THIRD PrRSONS (2S5PP. 7+203.22 AFEFI 7-493.22) 


(a) The Contrsetor shall precure and thereafter maintain worknen's 
ceryprusaticn, ampleyer's LiaLility, conprehensive general liability (bodily 
injec) and comprehensive autenebile liability (bodily injury and 
praperty damage) insurence, with respect to performance under this 
eontract, and such other insurance as the Contracting Cfficer may 
frou time to time require wit ae to performance under this 
aonts uot} pow teed that the Sontrector in fulfillment of its 
cbl: vation to procure workmen's ins insurance may, with 

Eee approval ef the Contracting officer and pursuant to statutory 
ibherity yy maintain a self-insurance program, x1]. insurance required 
ee to the provisicns ef this partgraph shall. be in such forn, 
in such encunts, und fer such periods ef tine as the Contracting 
Officer may from time to tine require er apereve, and «ith insurers 
approved by the Sontracting Officer. . 

(b) The Conte ceee agrees, to the extent and in the manner 

reguired by the Ocntruecting Cf es to sunt for the approval ef 

the soutracting | of teer any ether insurance maintained by the Gontreeter 
in sonnecticn with the verfermance of this contract and fer which the 
Centructor seeky reimbursenent hereunder. 

(¢) The Contractor shall be reimbursed: (1) for the partion 
allesable to this contract of the reascnable cast of insurance as 
required or approved pursuant te the provisions of this clause, and 
(11) for liabilities to third persons fer Loss or for Belee to 
propesty (ether than property (a) owned, eceupled or used ty the 
Contractor er rented to the Centractor a (£) in the care, custody, 
or nontral of the Contractor? , or fer death or hedily injury, not 
hte ae cated by insurance cr otherwise, arising eut et the per rfermence 
of this contract, whether or net caused by the negligence ef the 
Gontrester, its Agena, servants or euployees, previded such 
ijabilities are represented hy final judgments or by settlements 
appreved in writing by the Geve: rnient, and expenses incidental te 


such liabilities, except Se eens (I) for which the Contractor 
2.8 @hhergise resp nsible under the express terus of the clause or 
Tony : Foal or " 

elavses, if any, eoucne tad tn the Schedule, er (II) with respect 


46 wich the Sontructor has failed to ingure as required or maintain 
-nsvranece as ap .reved by the Contracting %fficer or (ITI) which results 
frei willful. misconduct or leck ef good faith on the part of an y of 
a Gontractor's directors or officers, cr on the part of ony ef its 
Ianepers, superintendents, er ether equivalent representutives, who 
has supervision or direction of (1) cll or substantiall all of the 
Contractor's business, or (2) all or substantially all of the Cen-— 
tractor's sper..tionus at any one plant or separate locaticn in w ich 
tols contract is beijng performed, er (3) a separate uni couplete 
wajor industrial operation in cennection with the perfornance of 
this eentract, ‘lhe feregeing shall. not restrict the right of the 
Centranter to he red.ibursed for the cest of instance maintained by 
the Sontracter in cennection with the perfernance of this contruct, 
other thom insuvantes secured to be submitted fer approval er required 
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to be promured aad procure? and meiuteiaed pursuant to the groviaious of 
thia clause, provided such cast would ecommtitute Allowble Comte usder the 
clavee of this contract satitled “Allowable Coat, Fiued Fee and Payment. 


the provisions of this contract, end the risk of vbieh is thea uninsured or 


representatives of 
insurance carrier, if 


iu eouuection therewith; prewided, hovever, that the Coatreetor any, at 
ite own expense, be associated with the representatives of the Government 
in the settlement or Gefense of any euch claim or litigati oa. 


2k. ALPRHORIZATION ARB comaea? 
he Goverment hereby gives ita authorisation and consent (without 


predidice to its righta of indemifieation, if such righte ere provided 
Yor in this coetrett) for all use an€ senufecture, in the perforsence of 


the manner of performance. 
25 %=MPLOWUT GF ALTSaS 


tf this caatraet calle for furaishiug oy constructing aircraft, air< 
craft parte, oc aeronsutical accessories, ao alieas employed by the Caa-~ 
txrattor aball be permitted to have sceess to the plane or apecifications, 
or the work under cemstruction, or te perticipste in the contrast trials, 
withowt the written cousent beforehand af the decretary or his @ily anth- 
origed. representeahive. 
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25, HGLING OF PATEHT APPLICATIONS 


a} While and so long se the subject antter of this contract is 
gered’ cr higher, the Contractor agress that, before filing 
ar ams iag to be Filed a pateat ayglication disclosing any of saié evbject 
matter, it will refer the proposed apyhication to the Contracting Officer 
for detereination wasther, for seasons of nabional security, euch applice- 


officer, at the time of or prior to filing or causing to he filed a patent 


2]. RePURTDAG GY HOYALTTES 


 4¢ thie eoxtract is in en smcunt waieh amoeeds $10,000, the Contractor 
agrees to repert ia writing to the Contracting Officer, during the perforce 
of this eentract and@ prior to ita completion or final statesent, the amount 
of any royaitios or royalty rates paid or to be padd by it directly to others 
im qomection with the performace of this contract, together with the names 
aud a@dresses of licensors to wees such payments are uate sad either the 
patent auabers involved or such other information as will peralt iéentifica- 
tion of the patesta or other basis of which royalties are to be paid. there 
the Coutrector’s cumplianee with the foregoing reportiug requiresent is found 


accourting periods aod covering the extire coutract period, of royalties in 
ameesa of 1,000 (4f caxputed on an amma]. besia) pela or to be paid to each 
Liewnsor on the Castractor’s over~ail » together with such other 


or suyphies covered by this contract; reference to aay such periodic roynity 
seperta, previously furaished to any dovermnmt ageuey ant coveriag the 
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the reporting requirement of this clause. 


Le thie coatratt ie in en amoust which emeeeds $10,000, ené Bo royel- 
restate rag 1s chore oe Te ee tas a eck A sas 
eiveusstences. set forth ’ ; weg 
writing to the Contracting Officer priar te oamplation or fine] settiemat 
of this contract. 


28, ZOPYRIGHTS 


| " 
{a) The Contractor agrees to end does hereby gremt to the doverusent, 

and to ite officers, agente and euployees acting vithin the scope of their 

official duties, (4) - royalty-free, nonaxolusive sad irrevocuble licease 


price to completion or final settlensst of the costrect nay acquire, the 
right to grent eueh License without becosding Liable to pay conpemeatica to 
uthecs salely beoause of such graiit. 


(he) The Coutrector agrees that it will exert all ressouable eifort 
to ede te Cntrentiag ocfieer, at the tine of delivering say copyright- 
gle or eopyrigtte’ work furnished wader this contract, of any séversely 
hala copyrighte or eopyrighteble material iucoryorated in any such vork 
and of any invasion of the right of privacy thereta contained. 


(cs) The Coatractor agrees to report te the Contracting Ofyicer, 
prooptly and ia reasceable vrittes detail, aay notice or claim of copy- 
‘yigpt infringesent veeelved by the Ceatractor with respect to any eaterial 
dslivered under this contract. 


The provisions of this clause shall apply to the exteat that this 
spliagt iaxvolves aceese to security iaformation classified “¥op Seeret”, 
"taeret", or “Confidential”. 

{») The Goverment shali notify the Contractor of the security 


classification of this eontract and the eleuents thereat, ai of ony 
pubecqvent. revieioss in such security cisss ification. 
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fa) To the extent the Goverment hee iodiseted as of the dave ot 
thia coatraet, or theresfter indicutes, security cinesification widar 


: simi 
safeguard all clessified eleweate of this contvect and shall provide nmi 
saintein @ sysher of security cwatrole within ite ow organization In 
accordance With the requiresents of (1) the Department of Defense Indus~- 
trial Security Mesued for Safeguarding Cinset 4fied Security Information aa 
4a effeet on date of this contract, which , 19 danorperatsd 
by reference and sade a part of thie contract, 41} any amendments to said 
oe wag ee ams ce; ct oad coe ends ee 


id) Besigneated representatives of the Coutrecting Officer Teapot 
gible for inspection perteining to a security shall heve the 
right to inspect at reasousble intervals the peroce@uras, authods, and 
facilities: wtiiieed by the Seantensee 18 Sere ee tae ek 
af the terme and couditions of this clause. paipdliyy-temeinee tinge 


aot casplied vith such regitreneats, the Contracting Officer shall iafore 
ee eee ee SIMAEE Oe thr sates aatiaan 46 06 Skea ta actet 4 
affect wopliane: with sueh requiresents. 


(a) if puvsegsent to the date of this contract, the security clessi~ 
ttentioe ce coputtnenae unter tia eomzext wre ahaget 37 we 
Officer as provided in this clawe, ané if suah change causes on Lacresss 
ox éscreane in the estimated cost of performace of thie coatract, the 
tetisated cost aad flacd fee, shali, to the extent appropriate, be subject 
to an equiteblie adjustment. Say euch equiteble efjustuent shall be socom 
plished in the sanmer cet forth in the eleuse of this contract entitled 
"Cheers « 


i?} re eee cot an all evbecatrects sereunder 
vidieh invulve aecess to cleasified sequrity informatica, provisions whieh 


rots pada gentinmnhcreceaping iadinnespregruten riper ener pick fare 
ee ee 


custody has been gragted an appropriate facility security clearnace, waich 
io still in effect, prior te being aceorted secess te such classified 
security informmeticn. 
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3G. UALSESHSALEY PUBLIC Comrreacts 


if thie eoutwacs in for the manafecture ov furtiahing of anterials, 
supplies, articles or egnigeent ie an amount viich exceeds or any execed 
(20,000 end is otherwise subject to the Walsh-Healey Public Contracts Act, 
as amended. Selatan ange Sere are herene Seenteres by ee 


atipslatious belag camsaat ‘to all agplicable iadines ont catarpeataticnd cs 
the Cooretary of Labor whieh are nov or may herneafter be ia affect. 


3. GRATUTETEH 
ia} The Joveraat hay, a SesistbpsdlrsctagyoPhagpoondlaored ben terdmate 


Pindiage adall be in igoue end sey be reviewed 10 any caupetent court. 


ie} Ina the event this ecetrast 4s terminated ac provided in paragraph 
(a) hereof, the Government shall be entitled (4) to pursue the same remetics 
egeiost the Contracter as it could pursue in the evest of a breach of the 
coatract by the Costemeter, aad (14) ae e penalty in e@dition te aay other 
damascus to vhich it ay be entitied by lew, to aueeglary desages in oa ancust 
(aa Qutermined ty the Secretary or hie duly authorized representative) which 
shall be not less then three nor soce then ton times the costs fieewref by 
the Contraetor io providing eny such gratuities te any such officer ox 
SPL ae. 


(o} The rignte ast remedies of the Goverment provided in this clause 
shall aot be exelueive end are in ef@ition to my other rights and remedies 
peevidet by lay or weler thin eoutrect. 
3a. DELAY IN DELIVERY OF BATA 


ta) It ie usderstecd that the efficient use by the dovermeent of the 


alivery 
fenlt. or negliqeuce of the Costractor within the meaning of the clause 


Approved For Release 2002/06/13 : CIA-RDP81B00878R000300010003-0 


Approved For Release 2002/06/13 : CIA-RDP81B00878R000300010003-0 


cad i: the menner esthorized said clase, and may take any or al}. of 


tp} ‘the provisions of this classe shall enly be applicable tech 
nical data, aueh es handbooks, service wept on bagacergp remap ere 
aary for the proper mainteumce or servieing of the end itams call 
ered. 


93. SUPSRSEDING SPMCERICATIONS 


21 referances in Goverveest Specification incorporated herein to 
other duvermemst epecificstions shall be decued to include all. speeifice- 
‘tione suppleasutery to or euperseding the specifications so referred to, 


j me the Pane oe Te 
iyects in writing © nk ce earekes® sip 
penn shell be éelivered to the Govergnet £.0-0. Gers oF CHF 8 e¢: 


vox tranaportatien caste incurred in transporting 


Whenever it ie provided ia tiie coe~ 
this contract shall be delivarad to 
auffie 


Contras 
2 Costrecter shall comply with the rules ané previsicu: of the 
fpeLdst claseificetions and tariffs of the carrier or carriers involved. 
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tat cupphion Sauk tee aiay sions, such 
COPA ae oe a eeeiie of lading, wt the expeose of the Contregtor. 


at a later date. So tn Oamtrantar a witiag by the Contnastint eis 
ct a Later ania eguant therefor abel be nade, wo mt sese fe, 
the date oa whieh any of the articles are ready for shipment. 


ee ay aa, 
the mwtor shed. 


‘ delivery to 4 carrier the Contractor stall request instructions froa 
os este tiers nad aaron the aotiee of shigeent to be given. 


the Gat thie comtract oo far as ¢ aa. the mpedpecarermy 
See eet tke delivery peizt or points are sune a8 

ar puints of destinetion, the tine of delivery of the the supplies ahali be 
the date of @alivery to the carrier ready for shipmast to destisaticn. 


a | 
‘Oc. care or carrier's eqaigasat at the plaste of Contracter or the 
Exppbe Oe, OF Cr ee ueteio thet reil Gervier service 1s available. 


4G. FAYMENT OF SQMAL 


tics snc patents: 
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%. 


soanection 
the purebase, rental or other sequisition of real property, (11) 


the eoustruetion or alteration of eny building or other type of real 


ngtéification of eueh authorisation has bean traneaitted to the Comtrattor 
by the Contrasting Offieer, provided, that no och mrthor ization shall be 
required in comection vith any guch actions vhtch are chargeshle: te this 
sentract through the indirect or overhead secoust, in aceorismce with. 
the Coatrector's established cost accoutting procedures 

2b) At the election of the Contracting Officer, any property iustalicé 
soe ee et ee Need aot owaed or coatrolled by the Goverunant way et may 
time be abandoned in place, aud upon written notice to the Contructer 5y 
the Contracting Ufficer of euch abendomsent, al] right, title and iaterest 
of the Goverument therein en4 all obligations of ths Goverment with respect 
thercto shall aenec. 


“7, ALTERATIONS I9 CORERACT 
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